DRAFT SEFMCE DELIVERY & BUDGET IIVPLEIVENrA'nON PLAN 20KV11 


Objective 

Strategy 

Key Performance Indicator 
(Project) 

Annual Target 
10/11 

Department 

GFS 


2010/11 Rs 

Performance Milestones and Performance Redress 

2010/11 

Account 

Number 

30 Sep 2010 
Target 

31 Dec 2010 
Target 

31 Mar 2011 
Target 

30Jun 2011 
Target 

CE\GjOPrs4r pnofVTY 1 

'FRASmxnjRE IbA/ESTM 

JT 

To Assist LMs to provide 
adequate potable water ard 
adequate saoitatioo by 2010 

To develop a comprehensive 
funding strategy with business 

Align infrastructure spending at local 
municipality 

Visitation to all LMs to 
explain importanoe, 
MoUvate proiects in 

IDP 

Planning and 
InfrasUucture Services 






Visitation to all LMs to 
explain importance. 
Motivate projects in 

IDP 


To lobby for funding 

Make presentation to sector 
departments 1 possible funders 

sessions 

Planning and 
InfrasUucture Services 

w. 



1 quarteriy session 

2 quarteriy session 

3 quarteriy session 

4 quaneriy session 

adequate bulk sustainable 
water source in tbe COM 
region. 

To improve infrasUucture asset 
management 

Co-funding of Jansenville treatment 

Co-funding of 
Jansenville treatment 

Planning and 
InfrasUucture Services 


01 158 76119 

R 6,000,000 

to be determined 

To be determined 

To be detemiined 

To be detemiined 

Nieu-Betbesda Water Treatment 
Ptant 

To be determined 

Planning and 
InfrasUucture Services 

Water 

01 158 76118 

R 8,000,000 

to be determined 

To be determined 

To be detemiined 

To be detemiined 

Miller Upgrading of Bulk Water 
Supply 

To be determined 

Planning and 
InfrasUucture Services 

w. 

01 158 78194 

R 1,800,000 

to be determined 

To be determined 

To be detemiined 

To be detemiined 

Vondeling Upgrading of Bulk Water 
Supply 

To be determined 

Planning and 
InfrasUucture Services 

Water 

01 158 78193 

R 1,500,000 

to be determined 

To be determined 

To be detemiined 

To be detemiined 

Glenconner Bulk Water Supply 

to be determined 

Planning and 
InfrasUucture Services 

w- 

01 158 76121 

1,500,000 (MIG 
Funding) 

to be determined 

To be determined 

To be deteimined 

To be detemiined 

Rielbron Water Augmentation SFirt 
ProtecUon 

To be determined 

Planning and 
InfrasUucture Services 

Water 

01 158 76058 

150, 000 (MIG 
Funding) 

To be determined 

To be detemiined 

To be detemiined 

To be detemiined 

Rainwater harvesUng Pearslon 

Rainwater harvesUng 
lor the Cacdu District 

Planning and 
InfrasUucture Services 


01 158 76129 

R 2,000,000 

Scope identified 

First phase 

Second phase 

Final phase 

CompleUon of Section 78(1| 
Assessment 

Selected Municipalities 

invesUgalions 

complete 

Planning and 
InfrasUucture Services 


01 158 77900 

R 1,080,492 

Monitor Peformance 
Consultant appointed 

Monitor Peformance 

Draft report 1 

Monitor Peformance 
Draft report 2 

Selected Municipalities 
nvesligations complete 
Inal report and council 
esolulion 

To improve infrasUucture asset 
management 

InfrasUucture DMA: Alienation 

Pending Transnet 
transfer of properties 

Planning and 
InfrasUucture Services 

Planning 8 
Development 

01 157 79330 

R 1,822,491 

Pending Transnet 
transfer ol properties 

Pending Transnet 
transfer ol properties 

Pending Transnet 
transfer of properties 

Pending Transnet 
transfer ol properties 

Planning and feasibility studies 

Planning 8 feasibility 
studies 

Planning and 
InfrasUucture Services 

Planning 8 
Development 

01 152 78143 

R 4,500.000 

Consultant appointed 


Draft complete 


Electncity InfrasUucture in DMA 

Pending Transnet 
transfer of funds 

Planning and 
InfrasUucture Services 

Planning 8 
Development 

01193 78700 

R 2,000,000 

Projects registered and 
designs complete 

Conuactor on site 

Conuactor on site 

Conuactor on site 

To provide effective and 
sustainable infrastructural 
maintenance plans 

To improve infrasUucture asset 
management 

Upgrade Water Supply to 
Glenconner & Kleinpoorl (MIG| 

Upgraded water supply 

Planning and 
InfrasUucture Services 


01 158 76069 

R 2,000,000 

-easibility concluded 

EIA Lodged 

Conuactor on site 

Upgrade Water supply 
completed 

COM Drought relief conungency 
(DWAF funded) 

Drought relief 
conUngency 

Planning and 
InfrasUucture Services 

w- 

01 158 79790 

R 300,000 


Report on development 


Report on development 

LEDI InfrasUucture Assessment 
Support NIambe 

WSDP review 
complete 

Planning and 
InfrasUucture Services 

Water 

01 158 76131 

R 1,007,700 

Appoint cdnsultart 

Draft Report! 

Draft Report 2 

Final report 

Kou-Kamma Drought relief (DWAF) 
Additional water source 

Additional water 
resource sought 

Planning and 
InfrasUucture Services 

Water 

01 158 75450 

R 100,000 

fender process 

Conuactor on site 

Implementation 

Project complete 

To provide effective and 
sustainable infrastructural 
maintenance plans 

To improve COM roads 
condition 

Flood Damaged Roads 

Flood damaged roads 
complete 

Planning and 
InfrasUucture Services 


01 154 75995 

6,250,000 

ConUactors on site and 
oroceeding to plan 

ConUactors on site and 
proceeding to plan 

ConUactors on site and 
proceeding to plan 

Flood damaged roads 
complete. Retention 

Roads Maintenance • Blouwkrans 

Report on Maintenance 

Planning and 
InfrasUucture Services 

Roads 

01 154 76132 

R 6,000,000 

1st Q report on 
maintenance as 
required 

2nd Q Report on 
maintenance as required 

3rd Q report on 
maintenance as 
required 

4th Q report on 
maintenance as requirec 

Roads Maintenance • R335 

Zuurberg 

Report on Maintenance 

Planning and 
InfrasUucture Services 

Roads 

01 154 76133 

R 4,000,000 

fo be determined 

To be detemiined 

To be detemiined 

To be detemiined 

Upgrade of Access Road in 
Wolwelontein 

To be determined 

Planning and 
InfrasUucture Services 


01 158 78192 

R 200,000 

fo be determined 

To be deteimined 

To be deteimined 

To be determined 

Rielbron roads 4 stormwater EPWP 
protect 

Reported Maintenance 

Planning and 
InfrasUucture Services 

Roads 

01202 76122 

2, 000, 000 (MIG 
Funding) 

fo be determined 

To be detemiined 

To be detemiined 

To be detemiined 

To improve housing in the LM's 

Addo-valencia 

CompleUon of Housing 
Development 

Planning and 
InfrasUucture Services 

Housing 

01 157 77030 

R 186,000 

Service provider 
appointed 

Execution plan 

«« 

Tiansfers 

Loulerwater PH2 

CompleUon of Housing 
Development 

Planning and 
InfrasUucture Services 

Housing 

01 157 77090 

R 112,500 

Service provider 
appointed 

Execution plan 

NA 

Transfers 

Sandrif 594 

CompleUon of Housing 
Development 

Planning and 
InfrasUucture Services 

Housing 

01 157 76072 

R 51,800 

Service provider 
appointed 

ExecuUon plan 


Transfers 

Stonnsnvier 

CompleUon of Housing 
Development 

Planning and 
InfrasUucture Services 

Housing 

01 157 77130 

R 106,485 

Service provider 
appointed 

Execution plan 

NA 

Transfers 

Willowmore 

CompleUon of Housing 
Development 

Planning and 
InfrasUucture Services 

Housing 

01 157 77140 

R 100,000 

Service provider 
appointed 

Execution plan 


Transfers 

Rielbron Housing • 176 units 

CompleUon of Housing 
Development 

Planning and 
InfrasUucture Services 

Housing 

01 157 77120 

R 110,000 

To be determined 

To be detemiined 

To be detemiined 

To be detemiined 

Klipplaal Disaster 

CompleUon of Housing 
Development 

Planning and 
InfrasUucture Services 

Housing 

01 157 77960 

R 430,000 

Service provider 
appointed 

ExecuUon plan 


Transfers 

Nieu-Betbesda Eradication of VIP 
Phase 2 

Eradication complete 

Planning and 
InfrasUucture Services 

Planning 8 
Development 

01202 76123 

3, 450, 000 (MIG 
Funding) 

To be determined 

To be detemiined 

To be detemiined 

To be detemiined 

To promote an integration 

To enhance COM Spatial 
Development Framework and 
Integrated Trans-port Plan and 

Annual review of SDF 

Approval with IDP 

Planning and 
InfrasUucture Services 

Planning 8 
Development 



Analysis review 
complete 

Policy directive review 
complete 

InvesUnent framework 
review complete 

Approval with IDP 



Agricultural strategic investment 
framework 

Strategic framework 
implemented 

Planning and 
InfrasUucture Services 

Planning 8 
Development 


In-house 

Draft sUategy 

NA 

Strategy accepted 

Strategy implemented 

GIS Server Enhancement 

To be determined 

Planning and 
InfrasUucture Services 

Planning 8 
Development 

01 153 78197 

R 250,000 

Planning and 
preparations 

Planning and 
preparations 

Planning and 
preparations 

Planning and 
preparations 

Makana Bus Temiinus 

Bustemiinas complete 

Planning and 
InfrasUucture Services 

Road Transport 

01 154 75370 

R 1,912.720 

Scope developed 

render out 

Conuactor on site 

Conuactor on site 

Ndlambe sportsfield 

Sportsfield complete 

Planning and 
InfrasUucture Services 

Sport and 
recreation 

01 126 78146 

R 300,000 

Consultant appointed 

Constractor on site 

nfa 

Complete 

Existence of a sports facility at 
Rielbron 

CompleUon 

Planning and 
InfrasUucture Services 

Sport and 

Recreation 

01 126 78025 

R 599,087 

-easibility study 
completed 

Construction in progress 

Construction in 

progress 

Completion 
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PROJECTS OFF DRAFT SDBIP 10/11 AS AT 22 APR 10 


To provide effective and 
sustainafile infrastructural 
maintenance pians 


To improve 
infrastructure asset 
management 






Contractor on site 


Contractor on site 


Contractor on site 




Data coilection draft report 


Draft as-built completed 


As-built compilation finalised 




Prioritise and tender 


Construction in terms of 
prioritised plan 


Construction in terms of 
prioritised plan 




Appointment and 
impiementation 


Implementation documented 
in a progress report 


Completion reports collated from 
interventions and progress repor 
completed 

assist four municiplaities 
with the implementatioii of 
the TAP'S 

assist four municiplaities 
with the implementation 
of the TAP'S 

assist four municiplaities with 
the impiementation of the 
TAP'S 

assist four municiplaities with 
the implementation of the 
TAP'S 

assist four municiplaities with 
the implementation of the 

TAP'S 

assist four municiplaities with 
the implementation of the 
TAP'S 

assist four municiplaities 
with the implementation of 
the TAP'S 

assist four municiplaities with the 
implementation of the TAP'S 




Survey & subdivision subject 
to EIA approval 


n/a 


Final approval subject to EIA 
approval 




Post-project supports 
quarterly report 


Post-project support & 
quarterly report 


Complete functional facility 




Consultant appointed 


Draft report 


Report to Council 




Quarterly reports with 
recommendation, 
interventions and action 

taken 


Quarterly reports with 
recommendation, 
interventions and action taken 


Quarterly reports with 
recommendation, interventions 
and action taken 





ISDR dayatBCRM 


Visit 2 schools 


Open day at DMA area 




NA 


Plan for 1 LM 


NA 




Alligation strategies for 
dentified risks in place 


Presentation of proposed 
strategies 


Implementation of the agreed 
upon strategies 




\1A 


NA 


NA 




Service provider on the field 


Service provider on the field 


Plans for 3 LMs completed 




Completion of Phase 2 

Completion of Phase 3 

Completion of Phase 3 

Completion of Phase 5 

Completion of Phase 4 



n/a 

n/a 









01 152 76045 and 01 15: 

76046 

R 694,298 

RO 

Grant (33) 


887.0 

R 694,298.00 

R 694,298.00 









01 126 7599/ 

R 900,000 

RO 

Grant (93) 


Im 

R 300,000.00 

R 900,000.00 








